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INFO OCT-01 EUR- 1 2 ISO-OO OC-06 CCO-OO FBO-02 /026W 

070754Z 097303 II 1 

R061559Z APR 77 
FM AMEMBASSY BELGRADE 
TO SECSTATE WASHDC 149 
INFO AMEMBASSY ATHENS 
AMEMBASSY BONN 
AMCONSUL FRANKFURT 


LIMITED OFFICIAL USE BELGRADE 2094 

EO 11652 NA 
TAGS: ASEC 

SUB J : REQUEST FOR SEABEE ASSISTANCE 

ATHENS FOR TSO 
BONN FOR RCO 
FRANKFURT FOR RTC/RSS 

REF: STATE 045931 

1 . ANSWER HELD IN ABEYANCE UNTIL TSO/ATHENS VISIT WHICH 
REASSURED RSO OF NEED FOR TAD SEABEE FOR AT LEAST NINE TO 
TEN WEEKS. 

2. PROJECTS AND ESTIMATED WORK TIME IN ORDER OF PRIORITY FOLLOWS: 

A) UPON RECEIPT BASKET LINERS TO BE INSTALLED IN 
MOD I AND II INCINERATORS - FOUR DAYS. 

B ) INSTALL SUSPENDED CEILING IN CCC AND RELOCATE SEVEN 
4 X 40 FL LIGHTS IN CEILING - SEVEN DAYS. 

C) PATCH. PLASTER AND PAINT CEILING AND WALLS IN C&R RECORDS 
FILE ROOM AND INSTALL NEW LIGHTS AT ENTRANCE - THREE DAYS. 

D) INSTALL NEW THREE-PHASE ELECTRIC SERVICE FROM 
CHANCERY BASEMENT TO FIFTH FLOOR AND CONNECT INCINERATORS 
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AND DISINTEGRATOR ON HAND TO EMERGENCY POWER - TWO DAYS. 

E) PATCH, PLASTER AND PAINT TCU ROOMS IN ATTIC AND REPLACE 
ROTTED WOODEN WINDOWS. REQIRE THIS ATTIC AND INSTALL 

16 NEW LIGHT FIXTURES AND 12 WALL OUTLETS - FOURTEEN DAYS. 

F) INSTALL LEXGARD OVER WINDOWS IN AMBASSADOR'S SUITE, 

CHANCERY AND CONSULAR ANNEX ENTRANCES -CONSEC 1 1 DAYS. 

G) RELOCATE MOSLER CLASS V VAULT DOOR TO OUTER SECURE WALL 
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WHICH IN NO WAY INTERFERES WITH THE INTEGRITY OF THE CCC VAULT 
ITSELF. RCO/BONN IS AWARE OF THIS MOVE - TWO DAYS. 

H) REWIRE PARENT ROOM ZAGREB CONGEN-SEVEN DAYS. 

I) INSTALL NEW ALARM SYSTEM TO MSG QUARTERS FOR RESPONSE TO 
TERRORIST ACTION - CONSEC THREE DAYS. 

3. RESIDENT SEABEE AVERAGES SIX FULL WORKING DAYS PER WEEK PER MONTH 
AND HAS HAD FOUR DAYS LEAVE SINCE ASSIGNMENT HERE FEBRUARY 1976. ABOV 
E 

PROJECTS ARE ALL SECURITY RELATED BUT NOT CRITICALLY URGENT HOWEVER 
THEIR COMPLETION NOT ONLY WILL ENHANCE SECURITY OF POST BUT WILL ALSO 
INSURE A MORE EFFICIENT OPERATION. A TAD SEABEE FOR THE PERIOD 
ESTIMATED WOULD EASE THE WORK LOAD CONSIDERABLY AND REDUCE THE 
COMPLETION TIME SIGNIFICANTLY. 

4. TOOL REQUIREMENTS AS REQUESTED ORIGINAALLY STILL FIRM. 

YORK 
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